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SPECIAL ORDINANCE NO. S- O / Z pe 


AN ORDINANCE approving Change Order 
No. 1 (Final) Cook-Huguenard Water 
Main Contract #84-XP-1, Division B, 
with All Star Construction 4 Exca- 
vating, Inc., in connection with 

the Board of Public Works and Safety. 

NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
Or THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 (Final) Cook-Hugue- 
nard Water Main Contract #84-XP-1, Division B, with All Star Con- 
struction & Excavating, Inc., in connection with the Board of 
Public Works and Safety, for: 

Change Order #1 (Final) Cook-Hugunard 

Water Main, Contract #84-XP-1l, Divi- 

Sion B, is necessary to equate contract 

amounts for work actually performed; 
involving a net decrease of One Thousand Seven Hundred Fifteen 
and 36/100 Dollars ($1,715.36), all as more particularly set forth 
in the specifications, and which is on file with the Office of the 
Board of Public Works and Safety, and is by reference incorporated 
herein, made a part hereof and is hereby in all things ratified, 
confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 


2 ees Seed ; Á: 
— — er 4 Z ai 
JE 2 reye A de ais e á 
Councilmember 7 


APPROVED AS TO FORM 
AND LEGALITY 






O. Boxberger, City Attorney 


t 


Read the first time in full and on motion by j 
seconded by ENH Bole , and duly adopted, read the s time 
by title and referred to the Committee A : and the City 


( 
Plan Commission for recommendaticn) and Public Hearing to be held cer 
due legal notice, at the Council Chambers, City-County iiding, Fort Wayne, 
































Indiana, on ¿“the day of 
Pe de: 

DATE: AREA 

Read the e time in full and on motion 
seconded by , and duly 
passage. PASSED (LaS by the following vote: 

AYES NAYS ABSTAINED ABSENT TO=WIT.: 

TOTAL VOTES DO mee / 
BRADBURY ee ae 
BURNS to Me ee 
EISBART as ale ie oF alae 
GiaQUINTA nee heat 
HENRY ee ie ae 
REDD e ELO 
SCHMIDT i rae 
STIER “ieee NOR. on 
TALARICO aes ees 





DATE: fA De | | de 


SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as (ANNEXATION) (APPROPRIATION) (GENERAL 


Az oot vt, —_ 
(SPECIAL) (ZONING MAP) ORDINANCE ( NOT, Ale ee S 


on the ARA day of 


ATTEST: 


on the o Ol) TE oe 
at the hour of dl (EDO 







SANDRA E. KENNEDY, CITY CLE 





Approved and signed by me this Bo day of Dir , 
1 -— ae 9 PA / 
19 JS , at the hour of gt o'clock fe [Mi O 
A e I de 


WIN MOSES, JR., MAYOR 


ee Le am 


F > 
- RAE” EDA #06-01-01959 


Š s 
af 
‘hange Order No. 1 (FINAL) j 44h 3/44 Resolution No. suse 
>roject No. $ CONTRACT NO. 84-XP-1 - DIVISION B Board Order No. 77-83 
lame of Project COOK ROAD-HUGUENARD ROAD WATER MAIN Date DECEMBER 3, 1984 


fo: ALL STAR CONSTRUCTION & EXCAVATING, INC. 
(Contractor) 


sentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: 


Item Description of Change | | Change in Contract Price 
No. Quantit Description Unit Price Decrease 


| (SEE ATTACHMENT) 


| | 


Total Decrease | $10,758.51 cio 


Total Increase 





Net (Decrease) (Znazease) Contract Price 
The sum of, $ 1,715.36 is hereby CGaddedste) (deducted from) the total contract price 
and the final contract price shall be adjusted as follows: 
Original Contract Price $ 468,046.73 
Current Contract Price Adjusted by Previous Change Order $ --- 
New Contract Price Including This Change Order $ 466,331.37 


The time provided for completion in the contract for this project is (unchanged) (imoneasads 


(decneesecxk) by -0- calendar deys due to this Change Order. The date for completion 
of all work shall be SAME . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 
Recommended h krt] A Ze, ief Water Engineer) Date iz- 4-8 q4- 

Teryy L. Atherton, pyri Horen ocna aE D 
Accepted by: _( AdÍADA o PRA PE (Contractor) Date lad é [gy 
Approved by: pees of Water Resources)pate 


XJ PEL a 
Approved by: sa PALA 2 Bd. of Works) Date J) 
seule ke ( MAR E MA Bd. of Works) Date / pops 


(Member Bd. of Works) 








Attested by: (Clerk) Date vA Pee ae, 


Change Order No. 1 (FINAL) 





Resolution No. 


Board Order No. 77-83 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: TO EQUATE CONTRACT AMOUNTS FOR WORK ACTUALLY PERFORMED. 


























Will proposed change alter size of the project? Yes No X 


If yes, explain 








Affect on operation and maintenance cost of this project: 


NONE 




















Gary F. Reinke Water Engineer 


EDA #06-01-01959 ATTACHMENT TO CHANGE ORDER COOK ROAD-HUGUENARD ROAD 


B. O. 77-83 dai ; 
LOTES NO. 84-XP-1 - DIV. B 
oF era a a hange Bite oe | 
HEEE RAE AE 


22.30 a 947.75 
792.56 EEE 792.56 
424.28 SA 848.56 
16" x 45° ELL 530.11 1,060.22 ARE 
92.5 LF | ASPHALT DRIVE RESTORATION 13.00 1,202.50 a 
198.7 SY | CONCRETE DRIVE RESTORATION 21.00 4,172.70 o 
sl LF ASPHALT STREET RESTORATION 7-79 EO TR 4,219. 
54.3 LF | CONCRETE STREET RESTORATION 37.00 2,009.10 AE 





; l Total Increase ea $9,043.15 
Net (Decrease) (Ingxerase) Contract Price ió pe A 


BILL NO. s-85-D1=10 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON AA TO WHOM WAS 
REFERRED AN (ORDINANCE) (BESOBIXEON) approving Change Order No. 1 


= (Final) Cook-Huguenard Water Main Contract #84-XP-1, Division B, 


with All Star Construction & Excavating, Inc., in connection with the 


Board of. Public Works and Safety 








HAVE HAD SAID (ORDINANCE) (RESODIXKKOMK) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


y 
(RESOKNTXI ONT ( Li ES 
(ES bes 


RAS E A 
O ll ETE A THOMAS C. HENRY 


ASS CHAIRMAN 


É 







AR 





JANET G. BRADBURY 
VICE CHAIRWOMAN 


2 DONALD J. SCHMIDT 


JAMES S. STIER. 





ei a. a ALR CHARLES B. REDD 
ed 
CONCURRED IN. /~22 HS” SANDRA E. KENNEDY 


CITY CLERK 


E GCISS RONE  ADDYr .” 

TITLE OF ORDINANCE Change Order #1 (Final) Cook-Huguenard Water Main Contract 84-XP-1, 
i ; : : TV. 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works 4 Safety SS-O-7 O 


SYNOPSIS OF ORDINANCE Change Order #1 (Final) Cook-Huguenard Water Main, Contract 


84-XP-1, Div. B, is necessary to equate contract amounts for work actually 





performed. All Star Construction & Excavating, Inc. is the contractor. 








To facilitate completion of the project. 


ee EEE 


EFFECT OF PASSAGE 


a 





EFFECT OF NON-PASSAGE 


a ST 


EE a ae 


Decrease of $1,715.36 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) 


ASSTGNED TO COMMITTEE 


A A A A e 


AAA A A A A A eo A A Ei arr | 


